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1. IT APPEARS ELEVATOR PRE-INSTALLATION WORK WILL NOT BE COMPLETE 
PRIOR TO AUGUST 4. 

2. THIS IS DUE TO FAILURE OF SOVIETS TO COMPLETE WORK DESCRIBED IN 
REFTEL A, IE, CONCRETE REQUIRES 21-28 DAYS DRYING AND THEY ARE 
ONLY DOING FINAL PORTION TODAY. 

3. IT IS DOUBTFUL THAT WORK DESCRIBED IN REFTEL B CAN BE ACCOMPLISHED 
BY ONLY ONE NSU BUILDER BY START DATE. TO DATE WE HAVE NOT RECEIVED 
ANY NSU TOOLS OR EQUIPMENT FOR THE REQUESTED TEAM, HAVE NOT BEEN 
INFORMED IF WE CAN EXPECT ANY AND ONLY KNOW OF AN UTILITY MAN'S EXPEC- 
TED ARRIVAL NEXT WEEK FORM MOSCOW. 


4. BASED ON THE AFOREMENTIONED WE PLAN TO ASK OTIS TO DEFER THE 
ARRIVAL OF THEIR MECHANIC FOR ONE WEEK. 

5. THIS DELAY DOES NOT CHANGE 
TIME FRAMES OR WORK TO BE DONE. 

NEUBERT 
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